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1, Plans for a cut connecting the Saaler Boddan 
(lagoon of Ssal) and the Baltic Sea were come 
pleted in late January 1950. The labor offices 
wera to furnish a large nunber of workmen in 
March 1950. Excavators, material for narrowe 
gauge field railroads, and cantonment buildings 
hed been made availabdie but had not yet been 

‘shipped to the Wustrow area, 


So Completion of the project is expectad to provide 
batter water conditions in the lagoon, pravent 
erosion of the steep shore known as Hohe Ufer (sic) 
between Wustrow and Ahrenshoop., and provide a short 
ex route from the Baltic Sea to Damgarten and Ribnitz. 

. This new route will be 45 nautical miles shorter than 
the present route around Barhoeft, ox Gallen. In 
addition to these advantages the cut is expected to 
divert a larger share of repairs on fishing cutters 
from the Warnow area to tha Damgarten Boddanwarft, or 
shipyard. Both Ribnitz and Damgarten will ba included 
in the fishery program. + 


oO, Forty-five men from Zingst, about sixty men from 
Wustrow and its environs, and about 200 men from 
other places on the Darrs peninsula were employed 
on the project prior to 15 January 1950, After 
the thaw an additional group of $00 men will be 
sent there to work. Most of the laborers were 
elderly men. Only two tool sheds nad deen erected 
at the inner end of the bay. Cantonment buildings 
for workers had not been erected yet. t+ 
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4.. The coastal araa betiwean Woatrow and Darssar Ort - 
was seriously damaged last winter. With norther- 
ly winds the sea 4nundetes the forest to a depth 
of 150 meters. 


25X1 
1____ Gonment “The cut is being mads because the 
reveal in the legoon is about §0 to 60 cm 


higher than that of the Baltic Sea. The cut will 
deflect the coastal stream which continuously 
washes out the coast at this spot and will arrest 
the loss of lend. The economic advantages result- 
ing from completion of the project will far oute 
welgh expenses incurred, ‘The reasons given in the 
report are actually of no economic importances 
Tere should be no technical difficulties in com= 
pleting the project. At its narrowest point the 
strip of land is only nbout one kilometer wide. 


25xX1 wol__gpomuent: The angagement of a labor force 
nadicates % the Straminke Project (sic), which 
provided a cut close to and eastward of Zingst, 
has been given priority. 


25X1 [Comment . It 1s believed that the projects 
are being executed on orders from the Sovists, 
rather then on German initiative. 
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